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SAPC 1888 


The Perkin-Elmer Corpcoration 
Norwalk, Connecticut 

Gentlemen: 


Contract No. SC -21- 5^ 
Letter Contract for 
Change Order No. 1 
Amendment No. 1 


21 September 1955 


PROJ. , 
DIV. ,0/? 

RMS 

TWM 

FILE 


REFER TO 


RETURN 


1. This docment constitutes Amendment No. 1 to the Letter 
Contract for Change Order No. 1 to Contract No. SC -21-5^, 

and amends said Letter Contract for Change Order No. 1 as follows. 

2. Delete paragraph No. 1 euad substitute in lieu thereof 
the following: 

"1. In connection with the work being performed under 
Contract No. SC-21-54, a requirement exists for certain 
additional supplies, equipment and services to be fvirnished 
to the Government within the program of work contemplated by 
said contract. Such supplies, equipment and services are 
detailed in the document "Aerial Sairveying Equipment (Change 
Order Proposal #1 /“Revise^ for ....)", dated 1 September 1955^ 
and furnished to representatives of the Government by representa- 
tives of your corporation on 19 September 1955." 

3. In paragraph No. 5 delete the amovint "$100,000" and substitute 

in lieu thereof the amoimt "$250,000". 

/ 

4. All other terms and conditions set forth in the Letter Contract 
for Change Order No. 1 to Contract No. SC -21-54 remain unchanged. 


5. Please acknowledge your receipt of this Amendment No. 1 by 
signing the original and two copies of the instant docvnnent and return 
the original and one copy to the undersigned. 




ACKN0NLED(^: 

The PerklA-Elmer .Corporation 


THE UNITED STATES CF AMERICA 


BY: 


Contracting Officer 


By: 

Title; 

Date .7. 
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Conteaet N©. SG- 21-54 
Letter Goratract for 


Change Ordes' I 


V 






r 


Tfee PerMn-Elmer Corporation 
Norwalk, Connecticut 


Gentlemen: 

J. la eoanectton wish the work being performed urfer Coo- 

rr. 

within le document ^Aerial 

sSveX’g ^Venf, dated 18 June 1955 , and furniehed to ro,»eeonta. 
ttC S L Oov^ntnent by r.pr.eentativee of your corporation on 

June l955o 

? Accordinply, in accordance with the claue® ©f Conteaet No. 

SC -2 1-54 entitled "Changes", an order is hereby placed wife jon, 

oSecU 23 Jnn, 1955. (l» to proceed to further ett^y 

^ . . fra «# i-K«. Hovernment l©r ground support equipment, Glong 

ttoUnergenerally described in the document "Aerial Surveyini! Jiqmp- 
SLt" (and as diecna.ed in some detail with you by represenmfavcs of 

srooirnment) with the objecUve of ““of tio eyatem, 

?r.o prterwX^o preliminarTaeelgn of those items and compooenta 
o^ wM^ nenerri agreement has been reached with repreaentattvea of 

the Government, and (iii) to proceed 

installation ol those items on which complete agreomotis aa 

been reached wife representatives of fee Government wife rospoct o 
such items meeting existing requirements of fee Government. 


3 St is agreed that you will keep fee representatives of 
Government informed of fee progress of your study and analysas of fee 
S^nmenfs requirements for ground handling equipment 
'Xfl soon as possible, fee results thereof to fee Government to feo on- 
feat i^rLSon will be available to provide a basis for reac^ng 
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agreement as to definidve items t© compyis© the ground feaadling 
system, 

f 

4, Upon tteo completion ©f tke further study and analysis 
referred to above, you agree to undertake without delay neg©^sti©ias 
with the Government of a definitive Change Order to Contract N©, 
SC-21 -54, which Change Order will incorporate the work done under 
the authorisation of the instant document and will incorporate such 
additional' v/ork aa may be agreed to by the partiea hereto. Suefe 
definitive Change Order will make appropriate changes in prices 
stated in Contract Wo, SC-2 1-54 and in other portions ©£ Contract 
Wo, SC-2 1-54 affected by the addition of the ground handling equip- 
ment program ©£ work. 

5, You are not authorised t© expend ©r obligate in further- 
ance of your performance hereunder more than $100,000 in the 

This amount may, however, be increased from time to 
time if it becomes necessary to do so prior to the negotiation ©£ a 
definitive Change Order to Contract No, SC-2 1-54. 

6, This Letter Contract is subject to the terms and conditions 
of Contract No, SC-21-54 and payments by the Government are 
authorized hereunder under the terms and conditions contained in 
said contract, 

7, Please acknowledge your receipt ©£ this Letter Contract 
for Change Order No, 1 by signing the original and tv/o copies of 
the instant document and returning the original and one copy to too 
undersigned. 


THE UNITED STATES OF AJ-£SaSCA 


By 

^ Contracting Officer 


25X1 


ACICNOlYLEDOEDs 


PERKIM-ELMER CORPORATION 



Title 3^ 17^ 

Pat© CTuiy //, /fSr 


25X1 


» 2 - 
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